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PROPOSAL POP TAKING UP OLD FLOORS AND LAYING NOT FLOORS IN 
THE COINING ROOM AND MELTING ROOM, U.S.KIHT BUILDING, DRNVKR, 
COLORADO. 


Denver, Colo.,April 20,1905. 


Supervising Architect, 

Treasury Department, Washington, D.C. 


Sir: 


We hereby propose to take up the present cement floors in 
the Coining room and Melting room of the United States Mint 
Building, in this city, and put down new floors in strict ac¬ 
cordance with the specification and instructions of the Gov¬ 
ernment* s representative, and guarantee the floors free from 
cracks for three years, for the sum of 

Twelve hundred and Fifty Dollars, ( ; 1250.00) 

Kind of cement to be used Iola Portland or Ideal Portland 
Time to Complete (20) twenty days 

Amount of certified check Twenty-five dollars (?25.00) 

Signature The Hinchraan-Renton FirePibofing Co 
J.B.Hinchman pres. 

Address 1315 Arapahoe st., 

Denver, Colo. 


S p JAW L Treasury Department \ 

Office of the Secretary 

Washington, April 20,1905. 

The Hinohman-^enton Fire Proofingcompany, 

1815 Arapahoe street, 

Denver, Colorado. 

Sirs: 

In view of the public exigency which requires the immediate 
performance of the work, and Department approval, your proposal 
of the 20th Instant, submitted to the Supervising Architect by 
the Custodian of the New Mint at Denver, Colorado, in his letter 
of the 22d instant, and being deemed the better ox the two bids 
for the reason that you agree to perform the work in accordance 
with the specifications, is hereby accepted in the sum oj. twelve 
hundred and fifty dollars (^l^&O.) for relaying cement floors 
in the Melting and Coining Rooms at the building naweu, in strict 



uccoruanco with the specifications upon which your proposal was 
based and such Instructions as may be given to you by the Custo¬ 
dian or other representative of the Government detailed to exam¬ 
ine and report upon the work. 

It io to be understood and agreed that this acceptance is 
to be based upon the following conditions: 

That you are to execute a formal contract, with bond in the 
sum oi one thousand dollars ('1,000.), guaranteeing the faithful 
performance of the work embraced in tills acceptance, a form 
for which will be forwarded. This contract, with bond, must be 
executed in strict accordance with the rules printed at the head 
of such form, and be returned to the Supervising Architect of 
this Department at once; 

That said oontract anu bond will also guarantee the floors 
and expansion joints to be iYee from cracks for a period of three 
years from the completion of the work and payment therefor; 

That the work is to be completed within twenty days from 
the date of approval of said contract and bond, of which you 
will be advised by wire; 

That the brand of cement used in the work shall meet with 
the approval of the Supervising Architect of this Department 
before being applied, and in order that delay may be avoided, 
it is requested that samples of both the "Iola* and •Ideal" 
Portland cements, as stated in your proposal, be submitted by 
you to the Supervising Architect for approval; said samples to 
contain a sufficient quantity of the cement to enable satisfac¬ 
tory tests to be made, and in forwarding the samples you should 
accompany the same by a letter of transmittal, giving the name 
of the brand proposed to be used by you in connection with the 
work; 


3- 


That either hot asphalt or "gileonito" will be allowed for 
uce in filling the expansion joints in accordance with the spec- 
ixications, you to specify which you will use, it boin£ under- 
stoou that such joints are to be embraced in the guarantee to 

be £iven by you as being free from cracks for a period of three 
years; 

That upon satisfactory completion of the work and ac¬ 
ceptance by the Department, payment therefor will be made from the 
appropriation for "Depairs and Preservation of Public Build¬ 
ings, 190G." 

Acknowledge the receipt of this letter. 

Respectfully, 

H. A. TAYLOR, 

Acting Secretary. 

L CTTK JKT 

v 

/ t 

i 





TREASURY DEPARTMENT \ 
OrvicB or thk Hupkuvwino Au< hitkct l 
Form 134 I*.—EU.o i« iyu 2 7,000 ) 
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INSTRUCTIONS TO BE FOLLOWED IN EXECUTING THE FOLLOWING INSTRUMENTS. 


* ^ * u i#wr detail draw! - i k . 

b4nd. Tb * U1HISTIAN NAMES (one or more) must bo written in full in the body of the 

bo signed with PARTNERSHIP ~n. the CONTRACT must 

by FIACH imml > r cf without seal, and tho BOND must be signed and sealed 

contract and bond m flrm ' T**"* * e party is a CORPORATION, tho 

officer of r *“ ^CORPORATE NAME b >' the authorized 

evidence that tb« r m * ° Fe mu8fc 1,0 attached to tho contract duly authenticated 
that he haa bean coutraot and bond baa authority to do »o, and 
tho contract and h< n 1° 8UCh and tbo cor P° rat » »«al must be affixed to both 

should bo Shown • an i in ** u ° V ° nt tbflt tbo ' or Poration has no corporate seal, tho fact 

tho coutriu't!' 1 mUSt 1,0 < * atol * • and bond mast bo of tho sumo (or subsoqueut) date its 

mnBt b0ma<lein the of two persona, who must sign their 

qusUflldnmw'^L 11 ?. IT th ““ tWO in( b v *dual sureties; but one corporate surety, duly 
qualified tutdor tho Act of Congress of August 13 , 18 W, may bo accepted «s sole surety. 

cipfll andsureHe* 1 °xr mU8t *“ ttttaohed to th ® signatures on tho bond of tho prin- 

cipul and sureties. No seals are required to signatures on contract, except corporate seals. 
0. A married woman will not bo accepted as surety. 

least t^ce?h?^y o^r^tond. a “° Unt8 ““ ° f WWch W ‘ U ta P<lual 40 at 






, aPPh “ *" “ wul > “ individual sureties; and corporate sureties 

also be required to attach to each bond a copy of the lust .taiemre/ of their Met. 
and liabilities, os rendered pursuant to section 4 of the Act of Congress of August 13,1KM 
Ea'-li '.urety must make and sign an aibdavit of the amount he » worth oyer and 
above aU debts and liabilities, and such exemptions as may be allowed by law 

9. Sureties, other than corporate sureties, must state under oath that they are not 
responsible as sureties on any other bond ; or, if so liable, tho amonnt of such liability. 

10. The affidavits of sureties must be taken and subscribed before an offloer 
authorized to administer oaths generally, who must certify that he administered the 
oaths. If tho affidavit# are taken before a clerk of a court of record, a United States 
commissioner, or a notary public, whose official seal is thereto affixed, or before a judge 
of a United States court, authority to administer tho oaths neod not bo shown; but if 
taken before any other officer, or if the official seal of tho clerk. United States commis¬ 
sioner, or notary, is not affixed, tho authority to administer tho oaths and the official 
character of the officer must be duly certified. 

11. A judge or clerk of a court of record, a United States attorney, or a United 
States commissioner, must certify that tho sureties are sufficient to pay the penalty 
of the bond; and, except in tho case of a judge of tho United States courts or a 
United States attorney, if tho person certifying has no seal, his official character mun 
bo duly certified. Tho foregoing does not apply to corporate sureties who have complied 
with rule 7 hereof. 

12. The residence of principal and sureties must be distinctly stated. 

13. All erasures and interlineations in contract or bond must bo noted above the 
signatures of the witnesses as having been made before the execution thereof. 






CONTRACT 


BETWEEN THE 


UNITED STATES OF AMERICA 


id 1x> 


AND 


JO?.© 2?QOfiM* Co._ 


10 


11 


12 

13 


14 


CGlAct CUS, tty k Alv a ruswiuw i t , duly made and - pub li shed uooopdiug bo law , proposals were asked for furnishing all of the labor 
and materials for the work herein provided for; and _ ___ 

tiSUxcrcas, The proposal of The Hinchman-Renton Pire Proofing Co* _ 

furnished in response thereto, was duly accepted, as hereinafter stated, on condition that it execute a contract in accordance 
with the terms of said bid. __ 

JloU-T therefore, this agreement, made and entered into by and between L .Id. SHAW, _ 

Secretary of the Treasury, for aud in behalf of the United States of America, of the first part, and _ 


The Hinohraan-Renton Pire Proofing Co., a corporation organized under the lews of the 
State of Colorado, and having executive offices in Denver, Colo., _ 


15 


of the second part, 


16 

17 


(JSlitttCSSCtti: That the party of the second part for the consideration hereinafter mentioned, covenants and agrees to and 
with the party of the first part to furnish all of the labor and materials and do and perform all the work required for new Cem— 
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4 
5 * 
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7 

8 
9 


in strict and full accordance with (he requirements of d i nnv i ny* numb e r e d 



such -ether detail drawings as may be furnished to the party of the second part by the Supervising Architect of the United States 

Treasury Department; -t h e ppoponohk dated - ■ - ■■ 5 the specification for the uoik , 

the proposal dated April 20, 1905 __ _ addressed to the said Supervising Architect by the said party of the 

second part; and letter dated April 28 f 1906 _ ’ addressed to the said party of the second part by 

H«A • Taylor f Act ing ___ Secretary of the Treasury, accepting said proposal^; 


16 

17 

18 - 

19 

20 
21 
22 

23 

24 

26 

27 

28 


a true and correct copy of each of which said papers is attached hereto and forms a part of this contract; an d which said - numbered 
dr a wing s lair i ng the n i$* « a t i w e of th fru aid S u]ioi T vi s ing Arohit e ot and th e rt ignaUir e ^f - t he s aid party .o f .- the . pa x lyirp nil file , U k 

" (4m Offic e of tho . SujMrvi si ny Architect <»f th e- Un ite d Statofi Trea s ury D e p a rtm e nt s se4Uft r ». he r e to made part of t i hiA rnntrac . f i.! 

And the said party of the second part further covenants and agrees that the work herein agreed to be performed shall be 
commenced promptly upon receipt of notice of the approval of the bond hereto attached, and that the same shall be carried on in such 
order and at such times and seasons, and with such force as shall from time to time be directed or prescribed by the Supervising 
Architect or his representative, and that the same shall be completed in all its parts within ----- 

twenty days ------------ 

from the date of the approval of said l>ond hereto attached ; that all materials used shall be of the very best quality of their respective 

kuvdft •, t.kat a\\ tho work iHttforrn^d h\uU1 Y»c* oxocutwl lo tl»«* «'»«*»*> »klll Ail »n«l w«»rki»iuMllko jn«.n »i«»*. n*nl flint f/i< 

used and the work performed shall be in every respect to the entire and complete satisfaction of the Supervising Architect. 

And the said party of the second part expressly covenants and agrees that the bond hereto attached shall be security, also, for the 
satisfactory performance and fulfillment of all the guarantees set forth in or required by said specification. an fl said letter of 



46 performance of the entire work to be performed under this contract, by and at the time herein mentioned or referred to, the said party 

47 of the second part shall pay unto the party of the first part, as and for liquidated damages, and not as a penalty, the sum of 

48 tea - 

49 sum of 

50 hereby exprs*l fixed, estimated, computed, determined, and agreed upon as the damages which will be suffered by the party of the 


ten 


dollars, for each and every day the said party of the second part shall be in default, which said 
dollars per day, in view of the difficulty of estimating such damages with exactness, is 
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1 lust part by reason of such default, ami it is understood ami agreed by Hie parties to this coutract that the liquidated damages 
~ ^oremlKdore mentioned are in lieu of the actual damages arising from such breach of this contract; which said sum the said party of the 
lirst part shall have the right to deduct from any moneys iu its hands otherwise due, or to become due, to the said party of the second 

I part, or to sue for and recover compensation or damages for the uonperforiuaoce of this ooutract at the time or times herein stipulated 
5 or provided for. 

the party of the second part further covenants and agrees to hold and save the United States, its officers, agents, servants, and 


- employees, harmless from and against all and every demand, or demands, ol any nature or kind, for, or on aeeouut of. the use of any 
patented invention, article, or appliance, included iu the materials hereby agreed to be furnished under this contract. 

It is further covenanted and agreed by and between the parties hereto that the said party of the second part will, without expense 
1,1 to lLc 1 " lU ' d States, comply with all the municipal building ordinances and regulations, in so far as the same are binding upon the 

11 United (states, and obiain all required licenses and permits, and be responsible for all damages to person or property which may occur 

12 in connection with the prosecution of the work ; that all work called for by the drawings and specifications, though every item be not 

13 particularly show n on (lie first or mentioned iu the second, shall be executed aud performed as though such work were particularly 

14 shown and mentioned in each, respectively, unless otherwise specifically provided; that all materials and work furnished shall be 

15 Subject t0 tbo “PP»oval of the said Supervising Architect; and that said party of the second part shall be responsible for the proper care 

lb and protection of all materials delivered and work performed by said party of the second part until the completion aud final acceptance 
17 of same. 


18 11 ia fulUier covenanted and agreed by aud between the parties hereto that the said party of the second part will make any 

l!i omissions from, additions to, or changes iu, the work or materials herein provided for whenever required by said party of the first 

20 part; the valuation of such work aud materials to be determiued on the basis of the contract unit of value of material aud work 

21 referred to; or, iu the absence of such unit of value, ou prevailing market rates; which market rates, in case of dispute, are to be 


22 determiued by the said Supervising Architect, whose decision with reference thereto shall lie biuding upon both parties- and that 

5$ ^ T ord&iaa^ ' a»ol aniiciiU^ g pVWk sU I be mag^gS ' — — 


DO 


-I It is further covenanted and agreed that no claim for compensation for any extra materials or work is to be made or allowed 

p| ’ 

25 unless the same he specifically iigreed upon in writing or directed iu writing by the party of flic first part; and that no addition to, 
2ti omission from, or changes iu the work or materials herein specifically provided for shall make void or affect the other provisions or 

27 covenants of this contract, but the difference in the cost thereby occasioned, as the case may Ik-, shall be added to or deducted from the 

28 amount of the contract; and, in the absence of an express agreement or provision to the contrary, no addition to, or omissiou from, or 

29 changes in the work or materials herein specifically provided for shall be construed to extend the time fixed herein for the final 

30 completion of the work. 

31 It is further covenanted and agreed by and between the parties hereto that all materials furnished and work done under this 

32 contract shall be subject to the inspection of the Supervising Architect, the superintendent of the building, and of other inspectors 

33 appointed by the said party of the first part, with the right to reject any and all w ork or material not iu accordance with this contract; 

34 and the decision of said Supervising Architect as to quality and quantity shall be final. Aud it is further covenanted ami agreed by 

35 aud between the parties hereto that said party of the second part will without expense to the United States, within a reasonable time 

36 to be specified by the Supervising Architect, remedy or remove any defective or unsatisfactory material or work; and that, in the 

37 event of the failure of the party of the second part immediately to proceed aud faithfully continue so to do, said party of the first part 

38 may have the same done and charge the cost thereof to the account of said party of the second part. 

It is further covenanted and agreed by mid between th« i«dw l»«reu> ikt until final inspection and acceptance of, and payment 

40 for, all of the material and w ork herein provided for, no prior inspection, payment, or act is to la- construed as a waiver of the right of 

41 (lie party of the first part to reject any defective work or material or to require the fulfillment of any of the terms of the contract. 

42 It is further covenanted and agreed that the party of the first part shall have the right to require that any particular portion of 

43 the w ork herein provided for shall be complete! within such time as may be hereafter definitely specified by the said party of the first 

44 part in written notice to the said party of the second part; and that .-lion Id the said jsirty of the second part fail to complete such 



4 


1 particular portion of the work within the time so specified, or fail to complete the entire work contemplated by tnis contract within the 
time or times herein stipulated or provided for; or fail to prosecute said work with such diligence as in the judgment of the party of 
•> Hie liist part w ill insure the completion of the said work within the time hereinbefore provided, the said party of the first part may 
t withhold all payments for work iu place until fiual completion and acceptance of same, and is authorized and empowered, after eight 
days due notice thereof iu w riting, served personally opera or left at the shop, office, or usual place of abode, or with the agent, 
<> <>f l lie said party of the second ymrt, and the said party of the second part having failed to take such action within the said eight days 
< as will, in the judgment of the said party of the first part, remedy the default for which said notice was given, to take possession of the 
s aid work iu whole or in part and of all machinery and tools employed thereon and all materials belonging to the said party of the 
second part delivered on the site, and, at the expense of said party of the second part, to complete or have completed the said work, and 
t<» supply or have supplied the lalmr, materials, and tools, of whatever character necessary to be purchased or supplied by reason of the 
<h /.iciIf of the said party of the second part; in which event the said party of the secoud part shall be further liable for any damage 
12 ,nc urred through such default and any and all other breaches of this contract. 

It is lurthei covenanted and agreed that the said party of the first part shall have the right of suspending the whole or any part 
tlu woi k lit lein contracted to be done, whenever, in the opinion of the Supervising Architect, it may be necessary for the purposes 
advantage of the work, and upon such occasion or occasions the said party of the second part shall, without expease to the United 


10 

17 

18 

19 

20 
21 


co\ $r over, secure, and protect such oi the work as may be liable to sustain injury from the weather, or otherwise ; 

I \ i 1< (1 t hat toi all such suspensions and other delays caused by the said party of the first part the party of the second part shall be 

allowed one day additional to the time herein stated, for each and every day of such delay so caused, in the completion of the contract, 

ilie same to be ascertained by the Supervising Architect; provided, that no claim shall be made or allowed to the said party of the 

second part for any damages whicli may arise out of auy delay caused by the said party of the first part. 

And the said party of the first part, acting for and in behalf of the United States, covenants and agrees to pay, or cause to be 

paid, unto the said party of the second Dart, or to the heirs, exeoytaru. r - m -' «•- r' ...- 

part, in lawful money of the United Skates, in consideration of the herein-recited covenants and agreements made by the party of 

the second part, the sum of one thousand two hundred fifty ( 1 , 260 .) dollars, upon- 



41 
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1 A * i d- 4 44 ^^y W .44u»4 ir4 . p a ri . « ov < ma»U am i agr<*fi th a t , paymmd* will bo mudo in U* »- £dlowing m n m w.i, ii l. mul.y jtu ce nt 

2 ut ‘ -'t4 * » - ¥ Hh< w of th n work imd aoi ually im piano ; to tho s at i nfuctio n- ol tho party of tho hmt port, will bo paid from time tu time 

8 -a* liiu w o r k p rog.nfeoio* a i m m id v a lue to b e a s certained i y the party of tho firet-purt), and- ton pop o mi t the r e o f i rill In iitiinif-d rmtri 

4 thci completion of the entire work, and the approval and acceptance of the same by the party of the first part, ^liich amount shall b( 

5 forfeited by said party of the second part in the event of the nonfulfillment of this contract; it being expressly covenanted and agreed 

6 that said forfeiture shall not relieve the party of the second part from liability to the party of the first part for any and all damages 

7 sustained by reason of auy breach of this contract; provided, however, that no payment hereunder shall be due to the said party of the 

8 second part until every part of the work to the point of advancement reached—on account of which payment is claimed—shall be found 

9 to be satisfactorily supplied and executed in every particular and any and all defects therein remedied to the entire satisfaction of the 

10 said party of the first part. 

or Delegate to, 

11 It is an express condition of this contract that no Member o^Congress, or other person whose name is not at this time disclosed, 

12 shall l>e admitted to any share in this contract, or to any benefit to arise therefrom; and it is further covenanted and agreed that this 

13 contract shall not be assigned. 

lUitUCSS Xtfltctcof, The parties hereto have hereunto subscrilied their names this 

____ 29th day of April A.D. 1905- - 


14 

15 

16 

17 

18 
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The erasures in lines 6, page 1; 1,5,6,9,16,17,18,page £, and 1»2 end 3, 
page 5; and the interlineation in line 11, page 6, were made before the 
execution hereof. 



We hereby certify that this contract and bond have b<en correctly prepared 
and compared: 


Chief of the Inspection, 



L.M.SHAW 

Secretary of the Treasury. 


Witnesses to the signature of the Contractor: 


The Hinohman-Renton Fire Proofing Co. SEAL 
By: J.B.Hinchrnan 


E.W.Hinchman 
Herbert J.WillardV 


President (SEAL) 


} Place j 
Contractor. gffSSt 


NOTE.—Read rules carefully before executing. 
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BOND. 


Jinoui alt men bij these presents. That we. The Einohman-Renton Fire Proofing Co., a cor- 

aporation organized under the laws of the State of Colorado and having exeoutive offices 
4 in __ 


•">athe City of 
C Stale of 

7 

8 

9 of the City of 

10 State of 

11 of the City of 

12 State of 


Denver. 

Colo 


, County of 


, and 


, principal , and 


RATIONAL SURETY COMPANY OP NEK YORK 


New York 
New York 


, Couuty of 
, and 

, County of 


Zings County 


, and 


, and 


13 


the sum of one thousand dollars (#1,000.), 


Niirjp , are held and firmly bound unto the United States of America in 

lawful 


11 money of the United^tates, for the payment of which, well and truly to be made to the United States, we bind ourselves, our heirs, 

15 executors, administrators, successors, and assigns, jointly and severally, firmly by these prawnto __ . . -- 

16 Sealed with our seals and dated this Second day of May, A.D* 1905. _______ 

She condition of the ubouc obligation is euch, That whereas the saiifhe Hinohman-Renton Fire Proofing 

---■ has entered into a certain contract, hereto attached, with 


18 CO. 


19L.M.SHAW, 


-. Secretary of tlie Treasnry, acting for and in behalf of the United States, 

29th day of April , A.D. 1905:, _ AW, if the said ihe Hinchman-Renton 


20 bearing date the 

21 Fire Proofing Co* ___ 

shall well and truly fulfill all the covenants and conditions of said contract, and shall perform all the undertakings therein stipulated by 
it 1° he performed, and shall well and truly comply with and fulfill the conditions of, and perform all of the work and furnish all 

24 the labor and materials required by, any and all changes in, or additions to, or omissions from, said contract which may hereafter be made. 


v«W..= 


L»* pojiiMuicU iu Mill tuiU uli ouefj viiuii^on id, or* mh/lf/UfKi 


26 thereto, notice thereof to the said sure^* being hereby waived, and shall promptly make payment to all persous supplying 

27 labor or materials iu the prosecution of the work contemplated by said contract, then this obligation to be void; otherwise, 

28 to remain in full force and virtne. . _ _ 

29 

30 


Jn testimony tuheveof, ThesaidipiiQ liinohvan—Renton Fire Proofing Co* 


31 

32 

33 

34 

35 

36 

37 

38 

39 

40 

41 

42 

43 

44 

45 

46 

47 

48 

49 

50 


, principal , and_ 


JFational Surety Company of Hew York 


and 


have hereunto subscribed their hands and affixed their seals the day first above written. 

Signed , eealtd, and delivered in presence of — 


surejr t 


X.W.Hinchman 
Denver Colorado 
Herbert J.Wlllavd 
Canon City Col. 

•C.H.Touoray 

Denver,Colorado. 

Franoes B.Hartzell 
Denver, Colorado. 


) 


The Hinohmnn-Renton Fire Proofing Co. 

(SEAL) 

By-J.B.Einohraan President 


National Surety Company 
3y- Ralph Vf.Smith 

Attorney-in-Faot. 


SEAL 
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NOTE.—Read rules carefully before executing. 
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